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Contract for? 3oo 
Mail lsv«l«M tot 


Targat frioa $507*906.05 

Coiliair Prioa $555*778 .26 
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3oo SobsdtOo 
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Sao Sohsdalo 


adalalstrativo Data? 


1 "V fpr a a s at ad hgr tha Owtraotiac Offioor 
•aaaatiof tkii ooatrast* aai tia ahnvo aaoai Contractor whleh is a Camro* 

uToiSSSS! - U ** 3t “* *' — • *»•»»*$•*• «U«I 

partioo horoto agroo that tin Qootroetor ahull furnish tha faeilltioa 
"^U*a «atf jwrfosw all tha aorrlaoa aat forth la tha 
attaohad ashodulo lamid horaonrlar* for tha ooaaldoratioa atatad hsroin. 

Tha righto aad ahlifatiooa of tha fiartloa to thla contract shall ho subject 
to sad fororoad hr tha at taohad sohadala aai Osn a ra l Prorlalsas. la tha 

®^art of aatjr Inosoalstsaar hotnooo tha Msdvlo and tha Oaoarol rr oi i «i 
tho Johadnlo shall control. Prcriaioos, 


aumtor. tha tartioa haroto havo 
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x. 

MR til* 


certify that 1 


Coniraotar berate* that 

Biga^d tbit oontTMt om beh a lf «f the CaelntUr wu ttm the 

. . — — mUl Carperatloaj that 

••W eoatreet wee duly el go o d fer aad la Melf ef paid ?crpora 

U< * * ******* «f ite gaweraUg body, aad it vitkia the ttopt 
ef lie Oarperete powers . 


Tsifaettarey 


(Ce rp e r ate Seal) 
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s-„i!£aitr 


•serif* a • s-tmzm Samoa to m yroarrwrai 

YIm Caaliwtnr Mali p*rfem all work ate imietc laeM 
to in* teratopoaatt «f, ato aball torniah ato teliwar to* lt«M af 
afiipsant aat farto in th* fehatelaa Mmpi ft and 

•*®fc teha teln a Mag • |Mi «f tola »dMd» nratwr tea oaabr**t. 

sf.cn ot s • cowiaBUTToi a»p finem 


in kmNmm Mill to* rjM of t*4* cwtnet inUUad 
•ttKariS,* ato iahjaat ta of Mo prtea &n accord 

M*a Mill I hm pari ©f Mia rchMO* anti tied «HKC>I U8mWEffA?tei,a 
Savanaeat Mall par Ma Caatraatar open aatlateetory perterateoa 
•f ana entreat, aa f*U pagmaat far Me a*ip««at to b* fun&afeto 
by to Cantraatar haraatoar, the aw- ant #f H4»9M5f MA aaswt 
la lb* total #f to* prlaaa aat fartt to Sctetetoa 1, > # and 3» barata. 

Simon C - 0;UVMT 

BaUwarlaa water Mia aantraat aball to ante f. a* to Contractor** 
©r 9"toeotoaatorv* plant* far ahipwmt inter Otniwat HU« af Lading 
or ante atoar watted aa directed by to* Cawtraetlaf of fiaar, toll wry 
•toll to ante to neaatoaaa* Mto toa tellwafy aabateU aat forte to 
S*b*d»l*a 1, t to 3, toaft 

stcfiow it - retgt lawfgwTifcncw 

(a) Baaaaaa *f to* nater* af to* wark aallto ter to tettteailio 1 
ato t *f tola can tract and to* «raat wwertainty a* to the aaata ef 
parteraaaa* tewbr. to* parti** agra* that to* total watraat 
price* fixed la Iteliui j 1 ato £ terasf way ha toaraaato ar tearaaato 
la a ccortew** with to* ««-« «i C { * *f tola irlanm. 

(h) tltoto 4© teya after to* rcwplaion ar toraiaatioR af tot* 
contra* t, to« Contractor MU fll* with to* Contracting Of flear a 
atotoaaat tocMa*, to aaeh tern ato detail aa to* Contracting Offlear 
«*or prescribe, to* Oawtraet or*# coot of prad^tetog to* aappli** ar 
farniahiiif to* aarvi*te eaUto ter to Mtoto 1 ate t hater, 
toffalhar wito ante atoar laferaatlon aa aay b* p*rttn»nt la to* 
aatattattoa ter iwdwteratote priaaa paraaaat ta tola alaaaa. Saab 
atatmant af east tell farly r fleet to* unreal operation* af tba 
Cwtmtor 1 * ea*t tyal**. tea Cawtraator will **tabli*h ato aatateia 
•’P'TWW" - af porferwin* aach af Sabatelt 1 sod £ of 

€ V \GSCG9 
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tbie ««A«hU tho Contracting or fleer Hall kcv* right at all 
ro o aonobl e Um» to nateo or osaao to b® node oath mmAmtUm or 
audita af Un eattraotor** lMda» ra»rta and accocnts a» he was? 

foe Contrast!* further agr ee s to inelwta in each of Ida nab* 
awiraeta did la an a coat or caaHA aa a f lxea-fee or a price 
nArtaralMtlflii hoaia a previeioo to the effect tact the oob* 
contractor agmaa (1) to actertt to the Ceatrectiog pfdtear aneh 
coot data aa «a sr ho nftM Aar pules rodotsndaotU% (ii) to 
P«U the Contracting Of 'tear to onto er tmtm to to cede coot 
owaartim ttoa and aniite of the boots, record* aai ae eeent n aa the 
Contracting Officer Mg daaa nr wa t er y, tad (iii) to Include a 
Uleo prerleian in eaah of tla aat aa n trocta vfclch ia oa a coot or 
e*et-pleo-*-f<xad*fee or a piftaa rodetandaeiioa basia* 

(#} r 1 pon the filing of tfer atataant and attar pertinent 
iafomnti a a? paragraph fh) of this aXnaee, the Contractor 

«** the Contracting 0'fieer slil maapily n^gotlata in goad faith 
to agr*o spaa reasonable r* determined total prison for gehedale 1 
anc t tMhich, open th* wait af sash etatonont ad ether prtlMRt 
laforaatlcn, dll constitute foir and Jnat ten gw action to the 
character far tha aorfonanaa af gehedai** X and I of thin warn* 
tn* t» fa dotaradaiag the extant af asp aatiaatad aXXaoaaea for 
profit to bo token into a oao en t in fixing aoah r*etomi&#d prises, 
oooaldaratioa Wll ho given to the extent to nfesek the Contractor 
hna porfeand tahodnlaa X and » of the contrast vith efficiency, 
oct^eny, and ingenaltr* In no event shall tha red a teml ned prices 
w e d tha foXlaatiic aena* 

Mnxlown total prieo of SefeednXe X • S0t,Q51*6Q 

d ead nan total price af SchedisXa X * 

Tha r ad atoratoed prices ahnll ha evidenced by a e*s*»laa»»ial 
og re— m at to this contrast* 


Cd) Tf at thin 60 fogs after the eoapX^Uaa or tanUnatien af 
foio ccatmt, tha parties Well fail to agree epee rodatemtnid 
P*U*m (^teh tarn, far tho purpose af thia elanoo, Wall inaXnda 
diroot seats, indtrant coats end profit) in iweenhiiaie mth tha 
pmriofoea of this aXanao, tho follow to agree Wall ho a dfoaete 
-onoafWng a gveettoo of foot »ithu tho nomfog of tho vlanseof 
thi# contract entitled <%Mtpntea*o 
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ij 1 Ifca 1 


(«) III the ereni of • priM toc-eae Uw Ooveromnt will pay 
or credit to th* Contractor the —emi t by ©fetch tie* red<t*mln<?d 
priee(a) Mull a— art th* contract prleca la g— daln 1 and t t 
afore oald* Tn the — t of a litre— la prlct (a) — Contractor 
will —pay or credit the anoint of each dear—aa to th* fl ewn a m t 
la auoh —oner — the Centrad ting Of floor any direct* 

(f ) For anp or tla purpose# of tks clause of thla contract 
•a titled Tarsinatieo for t— raat—ee of the Oerei— t* (Including 
without lladtoti— » ecapotati— of *t*»e total cent— et price" and 
•the contract price of work aot temtodied*) — contract price 
ahall be the —dote— ooa tract pries agrrod upon under paragraph 
(a) af tfeia a la— or dotaral^d —dor ——graph (4) of this elauoe, 
plus th* aoatraot price of Schedule 3, — th* cae* mgr tt. 

sxctfoif s • mowm -i rn ffra 

Ptoarma pa— eta, which am ho— y define d u — to mde — 
oork pro|— — a — ar thia cent— at upon the —la of (i) aoata la- 
cur— d, (11) percentage of seapl Uea occc* tpliafe* d, or (ill) a partie- 
ular a— a of eeafl'ti— , aay b* ooda upon the fallowing to— — d 
conditions* 

(a) The Contracting officer aay, fro* time to tine, authorise 
pro g— — at* to the G— tractor open property acquired or produced 
^jr it for the perferuano* of this contrast* f9MtV8L that such prog- 
roaa pa?*—— ahall — t «— ead 90 p— t of the ooata to tha Contractor 
of direct labor and oatarial and/— — «»t porta purchased for Chat 
property up— *bi«h ppymmt la a ada, **iah eoata —11 ho 4et«— 
trm eviden— as— d hy — Contractor and which —at he a— — 
ia aatiafaatery to tho (—treating Officer, nonscs PMmm, that 
In no * ant —11 tha total of — liquidated pro — pc—anta (— 

(c) below) and of unliquidated ad— e p*yu mU if my, —da — er 
this contract, a— £Q percent of tho total — t— at price of 
eu— lia* atlll to he della©— d* 


* 44 i V S*® 1 ** l!il1 * °f — t— aa up— eat —dor thla a— tract, 

«.tle to all porta, — tarialo, inventories, work ia procese aad a—* 
durable tool# there tofo— acquired or — od— oi by the Coat— e ter for 
the perfe— aneo af thla ceo treat, — properly chargeable thereto 
under ao— accounting p-atleo, —11 forthwith — In — 0— 

tAtt f ***& IB* property thereafter aaqal—4 or produced 
hy tin: Contractor for the perferwaoee of thlo coot— ot — properly 
chargeable thereto oe aforesaid shall —at la th* 9— mt f o rthwi th 
^on aaid aaqulalU— ar pro daatl— « WIIBI8, that ae thine fcerMa 
— 11 deprl— — G— tractor of any farther pro g— ar final payo n^e 
due or to bee— e da© horoandor) or —He— the Con tractor or the 9over» » 
oeut, of — y of their rtereoilwe righto or obllra- ions —dor this contract. 


-r < f ' 

0 t* 
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f«) T» flaking — yo-ni for tha a—H * be rro a fler, 

the— shall ha dad^tod f ma the ecfitrflcfc price * pm— r 

tiooaia *mowA mt Urn pr ag ro— peg— -fits tltmitoftoi an— W ttl 
extractor, ondar the MhtriV hr —Sa o— —d*ied# 

(d) Tt ij» re— isec that property (S— 1—1—, oltbcet TfaitO* 
tier,, ecepUted ««fltoi| a—** parts, <b*irtng», luffraeUe*, pertieny 
ocflpdUted **—11—, «*sh Id p— ea ss, aatariele, fabrics— 4 pasts and 
other ttdNpi sailed for Ms) title to ehieb is or —ar hereafter 
b— ■ sorted la the flso e w— a t foxa—st te this de—i 4U f— a 
ti.»e te tta» ha aaad by sr pet to the mt a, «— tjr ar peas— al ea 
of the Gest raster la eeae—Uea until the perfe—acaa af this seat—* 

The Co——, either before «r aft— rs— ip* mt —Use af taialnaU n 
at th« action mt the flteoeiaaenh, —jr e—uie ar 41— aa* af p—pwrtr 
ta ittii till* la —at mi la the flr— ra s unt —for this denes* — — 
t e — s a— d hgr Ha c— t— sttat offieer* fskwiaj®, that after r— sip* 
af add— of te— Aaattea, a— a— b pe er wa rt y that la a part of ta—!— tl*» 
las— bsiy a— ha aajdral or d is p — i mt aMy ta aseeefoa— rltb the 
pmi4— af tha daa— af this ast—t nr tided tastaitUs for 
Cea— sin— s af the < 5 ** —a* end — pH— da la— and 
Tbs eg— —lea (Sa sa— af eefvftuioa hgr tha Chat-star ) or the 
prases— r e— i— d ny the Coat— (ta as— af any other dtapas&U— )» 

— aU, to the —teat that aach prl— sad prmc #e— d» a— asasad the 
ad indited Isla— af pmgmm pmjmmta h eraa s d—, hs —id ar 
aradltad hs the flare— nt — Ha fosfccsetlag Officer shall hieet) 
and each adi— t— d hdXe—e shall ha — cad a— w*lngly. earnest 
p— dor&l— ass— a— hs add — the Coat— at— at— t ——oral af 
the oast— etfog Officer test the pa r — <* still — eppUd — p— elded 
la this — ga— h (d), —add— flat a— i— — rap — teh is a part af 
tami nation l ot— le ry air he add sdy in —Buffo— mtfc tha paroriai as 
af tha Tend— U— for fi wrest wis e af the tsi niaant af fota seat— ct 
sp 4 apnlieshl# la— ar4 x«fd«tia—a *— m Ih—tdati— af all — —a 
parent* h« f— h r — s—a esapleti— af fo&$— ate* sailed for bar this 
eentrset, title to —1 property (or the piec e efo the— af ) add I— sat 
It— a Mia— to sad —a— tad hgr the flee— s «at — her this a— tract mr 
—id* has art he— i a— tp orated lit as— U— MItmM ta sad —sept ad 
jr the fl arw— — r this a— tv— t sad ta fo&cfe title has r e et e d la 
foe flawrasret asdsr this elan— shell —at la tha o—t t a tt e r* 


(a) the SI— a« af this —at e— tioaed •Ufolitjr for flora* 
a— t famish— rs— ar— * and a— other parried— af this s ea t— eh da* 
raise liability for Orewt — as h » — *d r— rtgr shall hs la— di — 1« 
te ass—y te Shush the Cus s — at S— 11 ha— —faired tide eddy hgr 
dr— a of the p— dele— af this cl—* foe peor.sde— of this da— a 
■hall sot nil — tha (— ftvaeter fr— risk af la— — deetr < tl«a af ar 

da—ge to property to ohleh title o— in the Ooevr— t —dor tha 
preor'sio— hares f* 


** h . «* 


^ 0 1 3 0 I 0 0 
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(f) If hi* contract (a> heretofore er hereafter 
•r amended) contains previei on* for lerene* Psjents, and in addition 
if at tii« tire any prcjrrves payaeat la t« be red* to the contractor 
red*r the pro vision* *f this progress jeynvaU *&*«** asHpit da ted 

baUare of mNmc peya»« ts is oetstenAiiig, then retoi tbstudlre any 
otb*r prevision of UN* iderere Fejrento ; lanse of this con treat re* 
not areas*, after appropriate toiactioit for U*aid*u«« of the •*- 
vsre* parent, of *ach program PSysent shell he deposited la tb* 
spool si bank armrest or accounts aaicteioed as r»qpired :*y tbs re. 
visions of tbs Advance Papaents (loom, red shell the roof ter to 
vttbdrere only parreret to sorb pmtsicna* 


SBmfii F - mm mm cf_ kp*’M m sw-tr & a? the or? f » 

Ooverearet nay at its retire, fpw tisw to tins f and sh the 
era tree tor *lth aatcriel* orsareU * ret obtains ~le in toe rere 
nartiot and *b h ore retired by the tontr^otor for the perfensenc* 

** **** *"*** m rnr&UtoU redaction in the core 
J""* **;• ***** to tb» delivery of oreb wWriaXa or 

supplies re re* Con tree ter, or os toes theroaftsi as aoaaib *. ret t« 
re .rent Utar than thirty" (JO) day* 9 % ** 

statu* o * y?~~czjUi» «cg»m bmmcytoMi 

P* Oretreotor shell not reveal (1) to* iwtlfle aster* #r any 
details of th* sexto being perfem* hernwbr or (ii) any inferaotlcn 
vtiataeever sire reapeo* re the department of the ^overrent eprererlng 
this contract and tb* mrk tberoreder areept re the contractor is 
dlrrered or pexai&red to xovoal cm* inft rreUon by tb* eoatrartins 

^ * thorlomi i^prerentatire for oooorlty natters* 
oad notoi thaUndlnc ay clams* or section of this contract to tbs 
OMitreiy. Tb* contractor shall as* Umpr«% soy elans* or osotica 
of this contract so retiring or psm&ttiac div*I*«*#e of oocb inferae- 

, * JV Br pr ** 1 * p ^ lic *** F rt '*»tc, or to any effioor or department 
of re* ^oTsiwnt withcwt tb* repress re®s**t of the Coairectia* effioor 
or hie dily SMthoriaad repres e n tative for aossuty natters. 

SEmcu 8 • i%graeTTo« Aim aebtt 

«r * ***** **• *»«*» «* rreoma red its plsnta, 

or orefe part thereof as my he m$m+* in the perferamo* of thia contract. 

f* 1 !** Fv**re reio t i aca ho aahjmt re laop*etlm and audit by any 
a thrrisad r^proamtativa of tbo Gretraetisy Offioar. 

(h) Tb* Contractor shall c* vs* a lib* prevision to bo Inc laded la 
all suGccn tracts hertreder. 
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Inapootten and of tho itona eentmtncl for Mdor iW* 

contract idU bo nil bjr (townnit. A tho tntnrtor** plant, 
Buffalo, Pan Unit, with raw poet to any itona fahrlea&od w*$fw 
aiambled and parted M Individual or into*ral vmita it tin Contraotor'o 
plant, with r apoot to Itni fMcttai aM/or iwnhki Mi pacfcod 
a# individual or integral waLto at oa^ceatraetora’ plnta, tho pain* 
of Inap^etlra and nccaptanoo Mall bo at tho plant af awM aafodoairactor* 

•senes i - gtdgm crtfgtt ag.iy.ftri> 


7h« item* dalivorwd niar thin aeniraat Mali ho packed far 
doe atlc MSpaont In actor Mac# with at an Ward i oanwniil praotioon* 

•wcvxcv k • pra^wYSACfa tm m Bmncm 

(a) No contract ahall ba aatfa mr tho ceotraator with any athar 
party for furnishing any of tho eanpl* tod ar awhattatlaUy oo a plo ted 
artiolaa, a aro parta nr «e?h, hsrain nalnwM far* wtthowt tba 
writ tan approval of Mo Contracting Of ioor aa to aotirtaa* 

(b) tin Contractor Mall (two apoalfla advance notliiaati tr. to 
tho Contracting Cfflaar of Mr pmwaad aMeaatnwt h ertaMhwr wbiM 
(i) la ©a a o*ot <nr eo atiplawo f iaod»:?oo btala , or (I) la on a fund* 
price baata winding la dollar anoant oithar HtJJgOOO ar ftn paswaat 
($f ) of tho total anewnt of thin aoatraaW 

(o) Me Caatfwrtar ahall not, wlthmt tho jarl or written oeaooot 
of the Contracting of floor, plana wgr aabeaatrant which (1) la an a 
mt ar aoat uplwi a flwnt foo baarta, or (1) la on a fund -prlco banka 
aaaooding in dollar mmm% oithar **5,00® or flvo ptiw a ni (0) of tho 
total aaont af Mta oontraat, or 0) pnvi do a for tho fw b r It a l ian, 
porehaao, natal, laatnUntion or othor aoplcltlMi af any itan af 
tatatrial faoilitl*#, or of apoeial tooling baaing • win ia mm tm 
of tl,0W, ar ft) ia ao a tin e an d ant arlal or l afaor Mo wr b a alo , Iba 
Contracting Of floor nay. In bla dtaarotlon, ratify in writing any net 
Mnut'VWl; «n*M nation Mall eoaatitata tho tenant of M* Coatmating 
Offiaar aa rownlrnd hr thla paragraph (o)« 

(d) the Contractor agraaa that ao aubcoatraet pl a ood nadir thla 
eontmat Mall pmvtdn for poynent on a eo at - p la »> fp rceat af a f m at 
baaia* 

(•) The Coot rapt itsg c-'fUar nay, in him dlaarwtlea, apoeifleolly 
appro*# la writing any of tho anwniwa of a soiwwmtraet* Booovor, 
eueta apnmal or Mo eoaaeat of tho Contracting ® tear ebtainod aa 
rwaalrod by thla rtwn ahall not bo coaotmod to oanatitata a da» 
torai nation of Mo aooopt atellity of Mo a M a antr a o t psrleo, ml aaa mt 
approval apod flan: ly preridoa that it e«mofe state# a detominatiwi of 
tho aceoptab Hty of tho aMeootntet win# 
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(f) The cretroetiag officer ww mrftmm All or my prl of tfco 
( out rector 1 * p«rch*#lnr nyoten oad trrm tlw to tire rescind or re- 
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GENERAL PROVISIONS 


1. DEFINITIONS 

As used throughout this contract, the following terms shall 
have the meanings set forth below: 

(a) The term '’Secretary” means the Secretary, the Under 
Secretary, or any Assistant Secretary of the Department and the head 
or any assistant head of the executive agency; and the term "his duly 
authorized representative" means any person or persons or board 

(other than the Contracting Officer) authorized to act for the Secretary; 
and the term "Department" means that component of the Government having 
cognizance of this contract and represented (by the Contracting Officer 
executing this contract. 

(b) The term "Contracting Officer" means the person executing 
this contract on behalf of the Government, and any other officer or 
civilian employee who is a properly designated Contracting Officer; 
and the term includes, except as otherwise provided in this contract, 
the authorized representative of a Contracting Officer acting within 
the limits of his authority. 

(c) Except as otherwise provided in this contract, the term 
"subcontracts" includes purchase orders under this contract. 

(d) The term "contract work" means all work to be performed 
under this contract including any studies covering fundamental, theo- 
retical, or experimental investigations: any extension of the invest 
tigative findings and theories of a scientific and technical nature 
into practical application; any tangible terms, hereinafter referred 
to as supplies, if called for herein, furnished to the Government; 
and any reports, data, computations, plans, drawings, and specifica- 
tions with respect to the foregoing. 

2. CHANGES 

The Contracting Officer may, at any time, by a written order, 
and without notice to the sureties, if any, make changes in or 
additions to drawings or specifications, issue additional instructions, 
require modified or additional work or services within the general 
scope of the contract, change the place of delivery or method of ship- 
ment, or the amount of Government furnished property. If any such 
change causes an increase or decrease in the cost of, or the time 
required for, performance of this contract, an equitable adjustment 
shall be made in the contract price, or time of performance, or both, 
and the contract shall be modified in writing accordingly. Any claim 
by the Contractor for adjustment under this clause must be asserted 
within (60) days from receipt by the Contractor of the notification 
of change: PROVIDED, HOWEVER, That the Contracting Officer, if he 
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decides that the facts justify such action may receive and act 
upon any such claim asserted at any time prior to final payment 
under this contract# Failure to agree to any adjustment shall 
be a dispute concerning a question of fact within the meaning 
of the clause of this contract entitled "Disputes." However, 
nothing in this clause shall excuse the Contractor from pro- 
ceeding with the contract as changed. 

3. EXTRAS 

Except as otherwise provided in this contract, no payment 
for extras shall be made unless such extras and the price therefor 
have been authorized in writing by the Contracting Officer. 

U. INSPECTION 

All services, material and workmanship shall be subject to 
inspection and test by representatives of the Government. For this 
purpose, the Contractor shall allow at all reasonable times, to the 
extent approved in writing by the Contracting Officer or his duly 
authorized representative, inspectors ana other Government personnel 
free access to the plant and operations and shall provide all reason- 
able facilities and assistance for the safety and convenience of the 
Government inspectors in the performance of their duties. 


5. RESPONSIBILITY FOR SUPPLIES 

Except as otherwise provided in this contract, (i) the Contractor 
shall be responsible for the contract work until it is delivered at 
the designated delivery point, regardless of the point of inspection; 
and (ii) the Contractor shall bear all risks as to rejected work after 
notice of rejection. 

6. PAvrgvxs 

The Contractor ah: 11 be paid, upon the submission of properly 
certified invoices or vouchers, the prices stipulated herein for 
contract work delivered and accepted, less deduction, if ?>ny, as 
herein provided. Unless otherwise specified, payment will be made 
on partial deliveries accepted by the Government when the amount due 
on such deliveries so warrants; or when requested by the Contractor, 
payment for accented partial deliveries shall be made whenever such 
payment would equal or exceed either “,1,000 or $0 percent of the 
total amount of this contract. 

7. ASSIGNMENT OF CLAIMS 

(a) Pursuant to the provisions of the Assignment of Claims 
Act of I 9 I 4 O as amended (31 U. ", Code 203, Ul U. S. Code 15), if 
this contract provides for payments aggregating 31,000 or more, 
claims for moneys due or to become due to the Contractor from the 
Government under this contract may be assigned to a bank, trust 
company, or other financing institution, including any Federal 

- 2 - 
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lending agency, and may thereafter be further assigned and re- 
assigned to any such institution. Any such assignment or re- 
assignment shall cover all amounts nayablo under this contract 
and not already paid, and shall not be made to more than onc- 
partv, except that any such assignment or reassignment may be 
made to one' party or agent or trustee for two or more parties 
participating in such financing. , Notwithstanding any other 
provision of this contract, payment to an assignee of any moneys 
due or to become due under this contract shall not, to the extent 
provided in said Act as amended, be subject to reduction or set-off. 

(b) In no event shall copies of this contract or of any plans, 
specifications, or other similar documents relating to work under 
this contract, if marked "TOP SECRET," "SECRET," "CONFIDENTIAL," 

be furnished to any assignee of any claim arising under this con- 
tract or to any other person not entitled to receive the same; 
PROVIDED, That a copy or any part or all of this contract so 
marked may be furnished, or any information contained therein 
ray be disclosed, to such assignee upon the prior written author- 
ization of the Contracting Officer. 

(c) The Contractor shall obtain the written authorization of 
the Contracting Officer prior to the assignment of any rights under 
this contract. 

8. FEDERAL, STATE ADD LOCAL TAXES 

(a) DEFINITIONS . As used throughout this clause, the following 
t r rms shall have the meanings set forth below: 

(i) The term "direct tax" means any tax or duty 
directly applicable to the completed supplies or services 

(as distinguished from taxes directly applicable to materials 
and components used in the manufacture or furnishing of the 
completed supplies or services) covered by this contract or 
any other tax or duty from which the Contractor or this 
transaction is exempt. It includes any tax or duty directly 
applicable to the importation, production, processing, manu- 
facture, construction, sale, or use of such supplies or 
services: it also includes any tax levied on, with respect to, 
or measured by sales, receipts from sales, or use of the 
supplies or services covered by this contract. The term does 
not include transportation taxes, unemployment compensation 
taxes, social security taxes, income taxes, excess profits 
taxes, capital stock taxes, property taxes, and such other 
taxes as arc not within the definition of the term 
"direct tax" as set forth above in this paragraph. 

(ii) The term "contract date" means the effective 
date of this contract. For the purpose of any additional 
procurement of supplies or services called for by any agree- 
ment supplemental hereto, the term "contract date" shall 

rc for to the date of such supplemental agreement. 
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(b) FEDERAL, STATE AMD LOCAL TAXES. Except as may be 
otherwise provided in this contract, the contract price includes 
all applicable Federal, State and local direct taxes in effect on 
the contract date. 

(c) PRICE A*!) ADJUSTMENT. If, after the contract date, the 
Federal Government or any State or local government either imposes 
or increases (or removes an exemption with respect to) any direct 
tax or any tax directly applicable to the materials or conpon nrs 
used in the manufacture or furnishing of the completed supplies or 
services covered by this contract, the contract price shall be 
correspondingly increased, and if interest and penalties are in- 
curred by reason of delay in payment of such tax on tnc instruction 
of the Contracting Officer, and such interest and penalties are 
legally imposed, the contract price shall be correspondingly in- 
creased. If, after the contract date, the Contractor is relieved 
in whole or in part from the payment or the burd n of any direct 
tax in- luded in the contract price, or any tax directly applicable 
to the materials or components used in the manufacture or furnishing 
of the ccm.pl . ter supplies or services covered by this contract, the 
Contractor agrees promptly to notify the Contracting Officer of such 
relief, and the contract price shall be correspondingly decreased 

or th< amount of such relief paid over to the Government. Invoices 
or vouchers covering any increase or decrease in contract price 
pursuant to the provisions of this paragraph shad ’ state the amount 
thereof, as a separate added or deducted item, and shall identify the 
particular tax imposed, increased, eliminated, or decreased. 

(d) REFUND OR DRAWBACK. If any tax or duty has been included 
in the contract -'rice or the price as adjusted under paragraph (c) 
of this clause, and if the Contractor is entitled to a. refund or 
drawback by reason of the export or re-export of supplies covered 
by thus contract, or of materials or components used in the manu- 
facture or furnishing of the completed supplies or s rvices covered 
by this contract, the Contractor agrees that he will promptly notify 
the. Contracting Officer thereof and that the amount of any such re- 
fund or drawback obtained will be paid over to the Gove mint nt or 
credited against amounts due from the Government under this contract; 
PROVIDED, HOWEVER, That the Contractor shall not be required to apply 
for such refund or drawback unless so requested by the Contracting 
Officer. 

9. DEFAULT 

(a) The Government may, sujbcct to the provisions of paragraph 
(b) be low, by written Notice of Default to the Contractor, terminate the 
whole or -ny part of this contract in any one of the following circum- 
stances : 

(i) T f the Contractor fails to make delivery of, or to 
perform, the contract work within tfu, time specified herein 
or any extension thereof; or 
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(ii) If the Contractor fails to perform any of the 
other provisions of this contract, or so fails to make 
progress as to endanger w. rformance of this contract in 
accordance with its terms, and in either of these two 
circumstances docs not cure such failure with'n a period 
of ten (10) days (or such longer period as the Contracting 
Officer may authorize in writing) after receipt of notice 
from the; Contracting Officer specifying such failure. 

(b) The Contractor shall not be liable for any excess costs if 
any failure to perform) the contract arises out of causes beyond the 
control and without the fault or negligence of the Contractor. Such 
causes include, but are not restricted to, acts of r ’-od or of the 
public enemy, acts of the Government, fires, floods, epidemics, 
Quarantine restrictions, strikes, freight embargoes, unusually 
severe weather* and defaults of subcontractors due tc any of such 
causes unless the Contracting Officer shall determine that the 
contract work to be furnished by the subcontractor was obtainable 
from other sources in sufficient time to permit the Contractor to 
meet trie required delivery schedule. 

(c) In the event the Government terminates this contract in 
whole or in part as provided in paragraph (a) of this clause, the 
Government may procure, upon such terms and in such manner as the 
Contracting Officer may deem appropriate, contact work similar 

to that so terminated and the Contractor shall be liable to the 
Government for any excess costs for such similar contact work; 

PROVIDED, That the Contractor shall continue the performance of 
this contract to the extent not terminated under the provisions of 
this clause. 

(d) If this contract is terminated as provided in paragraph (a) 
of this clause, the Government, in addition to any other rights 
provided in this, clause, may require the Contractor to transfer title 
and deliver to the Government, in the manner and to the. extent directed 
by the Contracting Officer, (i) any completed contract work, and (ii) 
such partially completed contract work and materials, parts, tools, 
dies, .jigs, fixtures, plans, drawings, information, and contract 
rights (hereinafter called "manufacturing materials" ) as the Con- 
tractor has specifically produced or specifically acquired for the 
performance of such part of this contract as has b< en terminated; 

and the. Contractor shall, upon direction of the Contracting Officer, 
protect and preserve property in possession of the Contractor in 
which Government has an interest. The Governm ,nt shall pav to the 
Contractor the contract price for completed contract work delivered 
to and accepted by the Government and the amount agreed upon by the 
Contractor and the Contracting Officer for manufacturing materials 
delivered to and accepted by the Governm* it and for the protection 
and preservation of property. Failure to agree shall be a dispute 
concerning a question of fact within the meaning of the clause, of this 
contract entitled "Disputes." 
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(c) If, after notice of termination of this contract under 
the provisions of nrrr.ara.ph (a) of this clause, it is determined 
that the failure to perform this contract is due to causes beyond 
the control and without the fault of negligence of the Contractor 
pursuant to the provisions of paragraph (b) of this clause, such 
Notice of D'. fault shall be deemed to have been issued pursuant to 
the clause of this contract entitled "Termination for Convenience 
of the Government," and the rights and obligations of the parties 
hereto shall in such event be governed by such clause. 

(f) If the Contractor will be unable to complete the contract 
work and make delivery at the time specified in the schcdul , it may 
give the Contracting Officer written notice of the anticipate o default 
with the reasons therefor, provided such notice is given not less than 
forty-fim (Ii5) days before the completion date specified in the sched- 
ule or within such time as the Contracting Officer deems sufficient. 

If such notice is duly given, then, to the extent the interest of 
Government makes an extension desirable, the Contracting Officer may, 
in his discretion, extend the period of time specified in the schedule 
for such period as he deems advisable, and this contract shall ttren 
be modified in writing accordingly. 

ia DISPUTES 

Exc'-ot as otherwise provided in this contract, any dispute 
concerning a question of fact arising under this contract which is 
not disposed of by agreement shall be decided by the Centre cting 
Officer, vrho shall reduce his decision to writing and mail or. 
otherwise furnish a copy thereof to the Contractor. Vithin thirty 
(30) days from the date of receipt of such copy, the Contractor ^may 
appeal by mailing or othe red- sc furnishing to the Contracting Officer 
a written appeal ’addressed to the Secretary, and the decision of the 
Secretary or his duly authorized representative for the hearing of 
such apre ■“■Is shall, unless determined by a. court of competent juris 
diction to have been fraudulent or capricious or arbitrary or so 
grossly erroneous as necessarily to imply bad faith, or not supported 
by substantial evidence, be final and conclusive; PROVIDED, That, if 
no such apm ^1 is taken, the decision of the. Contracting 0 nicer shall 
be final and conclusive. In connection with any appeal proceeding 
under this clause, the Contractor shall be afforded an opportunity 
to be heard and to offer evidence in support of its appeal. Pend- 
ing final decision of a dispute- hereunder, the Contractor shall pro- 
ceed diligently with the performance of tne contract and in accord- 
ance with tlu. Contracting Officer's decision. 

.11. BUY Al'ERICAT ACT 

The Contractor agrees that there mil be delivered under this 
contract only such unmanufactured articles, materials and suppli< s 
(which term "articles, materials and supplies" is hereinafter re- 
ferred to in this clause as "supplies") as have been mined or pro- 
duced in the United States, and only such manufactured supplies as 
ha.ve be on manufactured in the: United States substantially all from 
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supplies mined, produced or manufactured, as the case may be, in 
the' United States. Fursuant to the Buy American Act (hi U. S. 

Code 102-d), the foregoing provision shall not apply (i) with 
respect to supplies excepted by the Secretary from the applica- 
tion of that Act, (ii) with respect to supplies for use outside 
the United States, or (iii) with respect to the supplies to be 
delivered under this contract which are of a class or kind de- 
termined by the Secretary or his duly authorized representative 
not to be mined, produced, or manufactured, as the case may be, 
in the United States in sufficient and reasonably available 
commercial quantities and of a satisfactory quality, or (iv) 
with respect to such supplies from which the supplies to be 
delivered under this Contract are manufactured, as are of a 
class or kind, determined by the Secretary or his duly author- 
ized representative not to be mined, produced, or manufactured, 
as the case may be, in the United States in sufficient and rea- 
sonably available commercial quantities and of a satisfactory 
quality: PROVIDED, That this exception (iv) shall not permit 
delivery of supplies manufactured outside the United States if 
such supplies are manufactured in the United States in suffi- 
cent and reasonably available commercial quantities and of a 
satisfactory quality. 

12. CONVICT LABOR 

In connection with the performance of work under this contract, 
the Contractor agrees not to employ any person undergoing sentence 
of imprisonment at hard labor. 

13. EIGHT -HOUR LAW OF 1912 

This contract, to the extent that it is of a character specified 
in the Eight-Hour Law of 1912 as amended (U0 U. 3. Code 32U-326) and 
is not covered by the Walsh-Healey Public Contracts Act (hi U. S. 

Code 35-U5) is subject to the following provisions and exceptions 
of said Eight-Hour Law of 1912 as amended, and to all other provi- 
sions and exceptions of said Law: 

No laborer or mechanic doing any part of the work contemplated 
by this contract, in the employ of the Contractor shall be required 
or permitted to work more than eight hours in any one calendar day 
upon such work, except upon the condition that compensation is paid 
to such laborer or mechanic in accordance with the provisions of 
this clause. The wages of every such laborer and mechanic employed 
by the Contractor shall be computed on a basic day rate of eight 
hours per day; and work in excess of eight hours per day is per- 
mitted only upon the condition that every such laborer and mechanic 
shall be compensated for all hours worked in excess of eight hours 
per day at not less than one and one— half times the basic rate of 
pay. For each violation of the requirements of this clause a 
penalty of five dollars shall be imposed upon the Contractor for 
each such laborer or mechanic for every calendar day in which such 
employee is required or permitted to labor more than eight hours 
upon said work without receiving compensation computed in accord- 
ance with this clause; and all penalties thus imposed shall be 
withheld for the use and benefit of the Government, 
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Ik. EALSH*HEALEY PUBLIC CONTRACTS ACT 


If this contract is for the manufacture or furnishing of 
materials, supplies, articles or equipment in an amount which 
exceeds or may exceed ^10,000 and is otherwise subject to the 
Wnlsh-Herlcy Public Contracts Act as amended (hi n . S. Code 
3$~k£), there arc hereby incorporated by reference all repre- 
sentations and stipulations required by said Act and regulations 
issued thereunder b^ the Secretary of Labor, such representations 
and stipulations being subject to all anplicablc rulings and inter- 
pretations of the Secretary of Labor which are nova or may hereafter 
be in effect, except that the Contractor shall not be requied to in- 
clude this clause in subcontracts issued hereunder when the inclusion 
cf this clause in a subcontract would jeopardize or conflict with 
the security considerations established in connection with this 
contract* 

15. NC'NDT SCRTMINATTCN EMPLOYMENT 

(a) In connection with the performance of work under this con- 
tract, the Contractor agrees not to discriminate against any employee 
or applicant for employment because of race, religion, color, or 
national origin. The aforesaid provision shall induct , but not 

be limited to, the following: employment, upgrading, demotion, or 
transfer: recruitment or recruitment advertising; layoff or termina- 
tion: rates cf pay or other, forma cf compensation; and selection for 
training, including apprenticeship. The Contractor agrees to pest 
hereafter in conspicuous places, available for employees and appli- 
cants for employment, notices to be provided by the Contracting 
Officer setting forth the provisions of the nondiscrimination clause. 

(b) The Contractor further agrees to insert the foregoing 
provision in subcontracts issued hereunder, except subcontracts for 
standard commercial supplies or raw materials, and except as in- 
sertion of the. foregoing provision in a subcontract would jeopardize 
or conflict with the security considerations established in connec- 
tion with this contract. 

16. OfFICI'LS NOT TO BENEFIT 

No member of or d legate to Congress, or rr r»id< nt commission 1 r, 
shall be admitted to any share or part of this contract, or to any 
benefit that may arise therefrom; but this provision shall not be 
construe d to extend to this contract if made, with a corporation for 
its general benefit. 

17. COVENANT AGAINST CONTINGENT FEES 

Th> Contractor warrants that no person or selling agenev has 
been employed or retained to solicit cr secure this contract upon 
an agre ement or understanding for a commission, n< reentage, broker- 
age, or contingent fee, excepting bona fide employe os or bona fide 
established commercial or selling agencies maintained oy the contra eto 

_ a _ 
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SECRET 


for the nnm’oFe of securing business. For breach or violation 
of this warranty th* Government shall have, the right to annul " 
this contract without liability or in its discretion to deduct 
from the contract price or consideration the full amount pf such 
commission, pore, ntrg , brokerage or contingent fee. 

18. REPORTING OF ROYALTIES 

The provisions of this clause shall be applicable only if 
the amount of the contract is in excess of i/L0,000. 

(a) The Contractor shall report in writing (in quadruplicate) 
to the Contracting Officer as soon as practicable after execution 
of this contract whether or not any royalties in excess of $250 
have been paid or are to be paid by the Contractor directly to any 
person or firm in connection with the performance of this contract. 
If royalties in excess of '*^250 have been paid or are to be paid to 
any person or firm, the report shall include the following items of 
information with respect to such royalties (including the initial 
A250): 

(1) The name and address of each licensor to whom royalties 
in excess of % 2$0 have been paid or are to be paid, 

(2) The patent numbers, patent application serial numbers 
(with filing dates), or other identification of the 
basis for such royalties, 

(3) The manner of computing the royalties consisting of 

(i ) a brief identification of each royalty-bearing unit 
or process, (ii) the total amount of royalties, and (iii) 
the percentage rate or dollars and cents amount of royal- 
ties on each such unit or process; PrSDtfiJMJ that if the 
royalties cannot be computed in terms of units or dollars 
and cents value, then other data showing the manner in 
which the Contractor computes the royalties. 

(b) Tn lieu of furnishing a report under paragraph (a), the 
Contrai tor may furnish a single, consolidated report for each 
accounting period of the Contractor* during which the Contractor 
has contracts with the Government, pro\ r ided the Contractor has 
requested and obtained the prior written approval of the Contracting 
Officer. Such consolidated report shall be furnished, when the 
furnishing thereof has been approved, in the number of copies as 
approved, as soon as practicable after the close of the accounting 
period covered by the report. Such consolidated report shall be 
made in accordance with Contractor’s established accounting practice 
and shall include, for the accounting period, the total amount of 
royalties accruing to each licensor at a rate in excess of ^1,000 
per annum on the Contractor’s over-all business, together with (i) 
the name and address of each such licensor, (ii) the patent numbers, 
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natent application serial numbers (frith filing dates), or other 
identification of the ’oasis for such royalties, (iii) a. brief 
description of the subject matter of the license under which 
royalties are charged, (iv) the percentage rate or unit amount, 
or if the royalties do not accrue by rate or unit amount, su^h 
other data showing the manner by which the royalties accrue to 
licensor, and (v) an estimate or approximation (without detailed 
accounting) of the portion of such royalties that may be attrib- 
utable to Government contracts. The Contractor shall, if reauested 
by the Government, furnish at Government expense a more detailed 
allocation of such royalty payments attributable to Government 
contracts. 

(c) In the event that the Contractor requests written approval 
to furnish consolidated reports under paragraph (b) above, the Con- 
tracting Officer shall promptly consider the request and furnish to 
the Contractor a letter stating whether or not the request is approved 
and, notwithstanding any such approval, the Contracting Officer shall 
have the right to question any such subsequently furnished report as 
to accuracy or completeness of data and to ask for additional in- 
formation. The Contractor shall furnish a copy of sue h letter of 
approval to the Contracting Officer administering this contract. 

(d) After payment of eighty percent (80?') of the amount of 
this contract, as from time to tine amended, further payment shall 
be withheld until a reserve of either (i) ten percent (lO?') of 
such amount or (ii) '5, 000, whichever is less, shall have been 
set aside, such reserve or the balance thereof to be retained 
until the Contractor shall have furnished to the Contracting 
Officer the report called for by paragraph (a) hereof or the 

cony of the letter approving the Contractor's request to furnish 
the report under pn.ra.gmph (b) ; PROVIDED that no amount shall 
continue to be withheld from payment for the causes specified in 
tliis paragraph (d) if the Contracting Officer shall find that the 
Contractor has not been furnished a letter as required by paragraph 
(c) within a reasonable time a.fter making written rcouest to submit 
a single, consolidated report under the provisions of paragraph (b) 
of this clause; and PROVIDED FNRTHER that the ^ entreating Officer 
may, in his discretion, order payment to be v .oh he. Id in the amount 
and manner above provided if the report called for by paragraph (a.) 
is unsatisfactory or if the report called for by paragraph (b) is 
due but has not been received, or if received, is found to be unsat- 
isfactory. No amount shall be withheld under this paragraph when 
the minimum amount specified by this paragraph is being withheld 
under other provisions of this contract. The withholding of any 
amount or subsequent payment thereof to the Contractor shall not 
be construed as a waiver of any right accruing to the Government 
under this contract. 
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19. NOTICE AND ASSISTANCE REGARDING PATENT INFRINGEMENT 

The provisions of this clause shall be applicable only if the 
amount of this contract is in excess of $5>,000. 

(a) The Contractor shall report to the Contracting Officer, 
promptly and in reasonable written detail, each notice or claim 
of patent infringement based on the performance of this contract 
of which the Contractor has knowledge. 

(b) In the event of litigation against the Government on 
account of any claim of patent infringement arising out of the 
performance of this contract or out of the use of any supplies 
furnished or work or services performed hereunder, the Contractor 
shall furnish to the Government, upon request, all evidence and 
information in possession of the Contractor pertaining to such 
litigation* Such evidence and information shall be furnished 

at the expense of the Government except in those cases in which 
the Contractor has agreed to indemnify the Government against the 
claim being asserted. 

20. AUTHORIZATION AND CONSENT 

The Government hereby gives its authorization and consent for 
all use and manufacture of any patented invention in the performance 
of this contract or any part hereof or any amendment hereto or any 
subcontrat hereunder (including any lower-tier subcontract). 

21: PATENT RIGHTS 

(a) As used in this clause, the following terms shall have the 
meanings set forth below: 

(i) The term "Subject Invention" means any invention, 
improvement or discovery (whether or not patentable) 
conceived or first actually reduced to practice 
either U) in the performance of the experimental, 
developmental, or research work called for or re- 
quired under this contract, or ) in the perform- 
ance of any experimental, deve. .opmental, or research 
work relating to the subject matter of this contract 
which was done upon an understanding in writing that 
a contract would be awarded; PROVIDED that the tern 
"Subject Invention" shall not include any invention 
which is specifically identified and listed in the 
Schedule for the purpose of excluding it from the 
license granted by this clause. 

(ii) The term "Technical Personnel" means any person 
employed by or working under contract with the 
Contractor (other than a u contractor whose re- 
sponsibilities with respect to rights accruing to 
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the Government in inventions arising under sub- 
contracts are set forth in paragraphs (g), (h), 
and (i) of this clause) who, by reason of the 
nature of his duties in connection with the per- 
formance of this contract, would reasonably be 
expected to make inventions. 

(iii) The terms "subcontract” and "subcontractor" mean 

any subcontract or subcontractor of the Contractor, 
and any lower-tier subcontract or subcontractor 
under this contract. 

(b) The Contractor agrees to and does hereby grant to the 
Government an irrevocable, nonexclusive, nontransferable, and 
royalty-free license to practice, and cause to be practiced by 
or for the United States Government throughout the world, each 
Subject Invention in the manufacture, use and disposition accord- 
ing to law, of any article or material, and in the use of any 
method; PROVIDED, HOWEVER, that with respect to (i) any Subject 
Invention made bv other than Technical Personnel, (ii) any Sub- 
ject Invention conceived prior to, but first actually reduced to 
practice in the course of, any of the experimental, developmental, 
or research work specified in paragraph (a) (i) above, and (iii) 
the practice of any Subject Invention in foreign countries, the 
obligation of the Contractor to grant the aforesaid license and 
the other rights hereinafter provided in this clause shall be 
limited to the extent of the Contractor's right to grant the 

same without incurring any obligation to pay royalties or other 
compensation to others solely on account of said grant. No 
license granted herein shall convey any right to the Government 
to manufacture, have manufactured, or use any Subject Invention 
for the purpose of providing services or supplies to the general 
public in competition with the Contractor or the Contractor's 
commercial licensees in the licensed fields. Nothing contained 
in this paragraph shall be deemed to grant any license under any 
invention other than a Subject Invention. 

(c) The Contractor shall: 

(i) Make a written disclosure to the Contracting Officer 
promptly after conception or first actual reduction 
to practice of each Subject invention which reason- 
ably appears to be patentable; 

(ii) Certify to the Contracting Officer not less often 
than every twelve months, commencing with the date 
of this contract, whether or not any Subject In- 
ventions were conceived or first actually reduced 
to practice during the pre~°ding twelve months; and 
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(iii) Prior to final settlement of this contract, make 
a summary report of all those Subject Inventions 
previously disclosed and of those Subject Inven- 
tions conceived or first actually reduced to 
practice after the last certification but prior 
to the summary report, 

(d) The Contractor shall also, in connection with each Subject 
Invention referred to in paragraph (c) (i) above; 

(i) Specify, at the time of making written disclosure, 
whether or not a United States patent application 
claiming such Invention has been or will be filed 
by or on behalf of the Contractor, If the Con- 
tractor specifies that a United States patent 
application will be filed claiming such Inven- 
tion, the Contractor shall file or cause to be 
filed such application in due form and time. 

If the Contractor decides not to file or cause 
to be filed said application after having spec- 
ified that it would file, the Contractor shall 
so notify the Contracting Officer at the earl- 
iest practicable date and in any event not 
later than eight months after first publication, 
public use or sale; 

(ii) In the event the Contractor specifies that it h ' 
not filed and will not file (or having specif i a 
that it will file, thereafter notifies the Con- 
tracting Officer to the contrary), (A) inform 
the Contracting Officer in writing at the earl- 
iest practicable date of any publication of such 
Invention made by or known to the Contractor or, 
where, applicable, of any contemplated publica- 
tion by the Contractor, stating the date and 
identity of such publication or contemplated 
publication, and (B) convey to the Government 
the Contractor's entire rig v ' f -, title and interest 
in such Invention by deliv ring to the Contracting 
Officer upon written request such duly executed 
instruments (prepared by the Government) of assign- 
ment, application and other papers as are deemed 
necessary to vest in the Government the Contractor's 
right, title and interest aforesaid, and the right 
to apply for and prosecute patent and applications 
covering such Invention tnroughout the world, sub- 
ject, however, to the right reserved to the Con- 
tractor in paragraph (e) to file foreign applica- 
tions and subject further to the reservation 
of a nonexclusive and royalty-free license 
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to the contractor (and to its existing and future 
associated and affiliated companies, if any, within 
the corporate structure of which the Contractor is 
a part) which license shall be assignable to the 
successor of that part of the Contractor's business 
to which the Subject Invention pertains; 

(iii) Furnish promptly to the Contracting Officer on re- 
quest an irrevocable power of attorney to inspect 
and make copies of each United States patent appli- 
cation filed by or on behalf of the Contractor 
covering any Subject invention; 

(iv) In the event the Contractor, or those deriving 
rights from the Contractor, elects not to continue 
prosecution of any such United States patent appli- 
cation filed by or on behalf of the Contractor, so 
notify the Contracting Officer not less than sixty 
days before the expiration of the response period 
and, upon written request, deliver to the Contract- 
ing Officer such duly executed instruments (prepared 
by the Government) as are deemed necessary to vest 
in the Government the Contractor's entire right, 
title and interest in the Subject Invention and the 
application, subject to the reservations as specified 
in (ii) above; and 

(v) Deliver to the Contracting Officer duly executed 
instruments fully confirmatory of any license 
rights herein agreed to be granted to the Govern- 
ment. 

(e) The Contractor, or those deriving rights from the Contractor, 
has the option of filing patent applications in foreign countries 
on Subject Inventions. If this option is not exercised in the time 
and manner set forth below, the Government shall have the right to 
file applications in each foreign country in which the Contractor 
has not exercised its option. 

(i) In the event that the Contractor specifies under 
the provisions of paragraph (d) that it has not 
filed and will not file a United States patent 
application (or having specified that it will file, 
thereafter notifies the Contracting Officer to the 
contrary) the Contractor shall have six months from 
the date of making the written disclosure required 
by paragraph (c) (i) to file foreign patent appli- 
cations. 

(ii) In the event that a United States patent application 
is filed by or on behalf of the Contractor under the 
provisions of paragraph (d), the Contractor shall 
have six months from the date of the United States 
application, or six months from the date permission 
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is granted to file foreign applications where such 
filing had been prohibited for security reasons, 
within which to file foreign patent applications. 

With respect to each Subject Invention on which it 
has specified that a United States patent applica- 
tion has been or will be filed by or on behalf of 
the Contractor, the Contractor shall (A) inform the 
Contracting Officer in writing of e ach foreign patent 
application for such Invention filed by or on behalf 
of the Contractor within six months after the filing 
by the Contractor of the corresponding United State 
application, and, if practicable, prior to the pub- 
lication of the Subject Invention in any country, 

(B) inform the Contracting Officer in writing at 
the 'earliest practicable date of any publication of 
the Subject Invention made by or known to the Con- 
tractor or, where applicable, of any contemplated 
publication by the Contractor, stating the date and 
identity of such publication or contemplated publica- 
tion, (c) upon written request of the Contracting 
Officer, convey to the Government the Contractor's 
entire right, title, and interest in such Invention 
in those countries in which the Contractor has not, 
within six months after the filing of the corres- 
ponding United States application, filed foreign 
patent applications, and deliver to the Contracting 
Officer, upon written request, such duly executec: 
instruments (prepared by the Government) of assign- 
ment, application, and other papers as are deemed 
necessary to vest in the Government the Contractor's 
right, title, and interest as aforesaid and the 
right to apply for and maintain patents covering 
such invention, subject, however, to the reserva- 
tion of a non-exclusive and royalty-free license 
to the Contractor (and to its existing and future 
associated and affiliated companies, if any, within 
the corporate structure of which the Contractor is 
a part) which license shall t .ssignable to the 
successor of that part of the Contractor's business 
to which the Subject Invention pertains, and (D) in 
the event that the Contractor, or those deriving 
rightsfrom the Contractor, elects not to continue 
the prosecution of any foreign application which 
has been filed by or on behalf of the Contractor, 
or elects not to maintain any patent granted on 
such application, so notify the Contracting Officer 
not less than ninety days before the expiration of 
tee response period or patent lapse date and, upon 
written request, deliver to the Contracting Officer 
such duly executed instruments (prepared by the 
Government) as will convey to the Government the 
Contractor's entire right, title, and interest in 
the application or patent, subject to a reservation 
as specified in (c) above. 
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(!) If the Contractor fails to deliver to the Contracting 
Officer the certificates required by paragraph (c) (ii) of 
this clause or fails to furnish the written disclosures for 
all Subject Inventions required by paragraph (c) (i) of this 
clause shown to be due in accordance with any certificate 
delivered under paragraph (c) (ii), there shall be withheld 
from payment until the Contractor shall have corrected such 
failures either (i) ten percent (10$) of the amount of this 
contract, as from time to time amended, or (ii) ♦5 ,000, which- 
ever is less. After payment of eighty percent (80$) of the 
amount of this contract, as from time to time amended, payment 
shall be withheld until a reserve of either (i) ten percent 
(10$) of such amount, or (ii) "$5,000, whichever amount is less, 
shall have been set aside, such reserve or balance thereof to 
be retained until the Contractor shall have furnished to the 
Contracting Officer (A) the summary report required by para- 
graph (c) (iii) of this clause, (B) written disclosures for 
all Subject Inventions required by paragroah (c) (i) of this 
clause which are shown to be due in accordance with certificates 
delivered under paragraph (c) (ii) or in accordance with such 
summary report, and (C) the information as to any subcontractor 
required by paragraph (h) of this clause. The maximum amount 
which may be withhold under this paragraph shall not exceed ten 
percent (10$) of the amount of this contract or $5,000, which- 
ever is less, and no amount shall be withheld under this para- 
graph when the mininrim amount specified by this paragraph is 
being withheld under other provisions of this contract. The 
withholding of any amount or subsequent payment thereof to the 
Contractor shall not be construed as a waiver of any rights 
accruing to the Government under this contract. This para- 
graph shall not be construed as requiring the Contractor to 
withhold any amounts from a subcontractor to enforce compli- 
ance with the patent provisions of a subcontract. 

(g) The Contractor shall exert all reasonable effort to nego- 
tiate for the inclusion of this Patent Rights clause in any sub- 
contract hereunder of $3,000 or more having experimental, devel- 
opmental, or research work as one of its pur. ses. In the event 
of refusal by a subcontractor to accept the Patent Rights clause, 
the Contractor shall not proceed -with the subcontract without 
written authorization of the Contracting Officer, and upon ob- 
taining such authorization, shall cooperate with the Government 
in the negotiation with such subcontractor of an acceptable patent 
rights clause; FROVIDED, however, that the Contractor shall in any 
event require the subcontractor to grant to the Government patent 
rights under Subject Inventions of no less scope and on no less 
favorable terms than those which the Contractor has under such 
subcontracts, except that in no event shall the. subcontractor be 
required to grant to the Government patent rights in excess of 
those herein agreed to be granted to the. Government by the 
Contractor. 
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(h) The Contractor shall, at the earliest practicable date, 
notify the Contracting Officer in writing of any subcontract 
containing a patent rights clause, furnish the Contracting 
Officer a copy of such clause, and notify the Contracting 
Officer when such subcontract is completed. It is under- 
stood that with respect to such subcontract clause, the 
Government is a third party beneficiary; and the Contractor 
hereby assigns to the Government all the rights that the 
Contractor would have to enforce the subcontractor's obliga- 
tions for the benefit of the Government with respect to Sub- 
ject Inventions. The Contractor shall not be obligated to 
enforce the agreements of any subcontractor hereunder re- 
lating to Subject Inventions. 

(i) Yi'hen the Contractor shows that it has been delayed in 
the performance of this contract by reason of its inability to 
obtain in accordance with paragraph (g) a suitable patent rights 
clause from a qualified subcontractor for any item or service re- 
quired under this contract for which the Contractor itself docs 
not have available facilities or qualified personnel, the Con- 
tractor's delivery dates shall be extended for a period of time 
equal to the duration of such delay; and, upon request of the 
Contractor, the Contracting Officer shall determine to what 
extent, if any, an additional extension of the delivery dates •• 
and an increase in contract prices based upon additional costs 
incurred by such delay are proper under the circumstances; and 
the contract shall be modified accordingly. If the Contractor, 
after exerting all reasonable effort, is unable to obtain a 
qualified subcontractor as set forth above, the Contractor may 
submit to the Contracting Officer a written request for waiver 
modification of the requirement that a suitable natent rights 
clause be included in the subcontract. Such request shall 
specifically state that the Contractor has used all reasonable 
effort to obtain such qualified subcontractor, and shall cite 
the waiver or termination provision hereinafter set forth. If, 
within thirty-five (35) days after the date of receipt of such 
request for a waiver or modification of said requirement, the 
Contracting Officer shall fail to deny in wr \ng such request, 
the requirement shall be deemed to have been waived by the Govern- 
ment. If within such period the Contractor shall receive a written 
denial of such request by the Contracting Officer, this contract 
shall thereupon automatically terminate and the rights and obliga- 
tions of the parties shall be governed by the provisions of the 
clause of this contract entitled "Termination for the Convenience 
of the Government." 
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22. FILING.. OF PATENT APPLICATIONS 

(a) Before filing or causing to be filed a patent application 
disclosing any subject matter of this contract, which subject 
matter is classified "Secret’' or higher, the Contractor shall, 
citing the thirty (30) day provision below, transmit the pro- 
posed application to the Contracting Officer for determination 
whether, for reasons of national security, such application 
should be placed under an order of secrecy or sealed in accord- 
ance with the provisions of 35 U. S. Code 181-188 or the issuance 
of a patent should be otherwise delayed under pertinent statutes 
or regulations} and the Contractor shall observe any instructions 
of the Contracting Officer with respect to the manner of delivery 
of the patent application to the II. S. Patent Office for filing, 
but the Contractor shall not be denied the right to file such 
patent application. If the Contracting Officer shall not have 
given any such instructions within thirty (30) days from the date 
of mailing or other transmittal of the proposed application, the 
Contractor may file the application. 

(b) The Contractor shall furnish to the Contracting Officer, at 
the time of or prior to the time when the Contractor files or 
causes to be filed a patent application disclosing any subject 
matter of this contract, which subject matter is classified 
"Confidential," a copy of such application for determination 
whether, for reasons of national security, such application 

*1 should be placed under an order of secrecy or the issuance of 
a patent should be otherwise delayed under pertinent statutes 
or regulations. 

(c) In filing any patent application coming within the scope of 
thin clause, the Contractor shall observe all applicable security 
regulations covering the transmission of classified subject matter. 

23. COPYRIGHT 

(a) The Contractor agrees to and does here 1 grant to the Govern- 
ment, and to its officers, agents and employ - 0 ^ acting within the 
scope of their official duties, (i) a royalty-free, nonexclusive 
and irrevocable license to reproduce, translate, publish, use, 
and dispose of, and to authorize others so to do, all copyright- 
able material first produced or composed and delivered to the 
Government under this contract by the Contractor, its employees 
or any individual or concern specifically employed or assigned to 
originate and prepare such material; and (ii) a license as afore- 
said under any and all copyrighted or copyrightable work not first 
produced or composed by the Contractor in the performance of this 
contract but which is incorporated in the material furnished under 
this contract, provided that such license shall be only to the 
extent the Contractor now has, or prior to completion or final 
settlement of the contract may acquire, the right to grant such 
license without becoming liable to pay compensation to others 
solely because of such grant. 
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(b) The Contractor agrees that it will exert all reasonable 
effort to advise the Contracting Officer, at the time of 
delivering any copyrightable or copyrighted work furnished 
under this contract, of any adversely held copyrighted or 
copyrightable material incorporated in any such work and of 
any invasion of the right of privacy therein contained. 

(c) The Contractor agrees to report to the Contracting Officer, 
promptly and in reasonable written detail, any notice or claim 
of copyright infringement received by the Contractor with re- 
spect to any material delivered under this contract. 

2U. GRATUITIES 

(a) The Government may, by written notice to the Contractor, 
terminate the right of the Contractor to proceed under this 
contract if it is found, after notice and hearing, by the 
Secretary or his duly authorized representative, that grat- 
uities (in the form of entertainment, gifts, or otherwise) 
were offered or given by the Contractor, or any agent or 
representative of the Contractor, to any officer or employee 
of the Government with a view toward securing a contract or 
securing favorable treatment with respect to the awarding or 
amending, or the making of any determinations with respect to 
the performance of such contract; PROVIDED, That the existence 
of the facts upon which the Secretary or his duly authorized 
representative makes such findings shall be in issue and may 
be reviewed in any competent court. 

(b) In the event this contract is terminated as provided in 
paragraph (a) hereof, the Government shall be entitled (i) to 
pursue the same remedies against the Contractor as it could 
pursue in the event of a breach of the contract by the Con- 
tractor, and (ii) as a penalty in addition to any other damages 
to which it may be entitled by law, to exemplary damages in an 
amount (as determined by the Secretary or his duly authorized 
representative) which shall be not less than three nor more 
than ten times the costs incurred by the Co r '•actor in provid- 
ing any such gratuities to any such officer or employee. 

(c) The rights and remedies of the Government provided in this 
clause shall not be exclusive and are in addition to any other 
rights and remedies provided by law' or under this contract. 

25. TERMINATION FOR CONVENIENCE OF THE GOVERNMENT 

(a) The performance of work under this contract may be terminated 
by the Government in accordance with this clause in whole, or 
from time to time in part, whenever the Contracting Officer shall 
determine that such termination is in the best interests of the 
Government. Any such termination shall be effected by delivery 
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to the Contractor of a Notice of Termination Specifying the extent 
to which performance of work under the contract is terminated, 
and the date upon which such termination becomes effective* 

(b) After receipt of a Notice of Termination, and except as 
otherwise directed by the Contracting Officer, the Contractor 
shall (l) stop work under the contract on the date and to the 
extent specified in the Notice of Termination; (2) pla.ce no 
further orders or subcontracts for materials, services, or 
facilities except as may be necessary for completion of such 
portion of the work under the contract as is not terminated; 

(3) terminate all orders and subcontracts to the extent that 
they relate to the performance of work terminated by the Notice 
of Termination; (U) assign to the Government, in the manner, at 
the times, and to the extent directed by the Contracting Officer, 
all of the right, title, and interest of the Contractor under 
the orders and subcontracts so terminated, in which case the 
Government shall have the right, in its discretion, to settle 
or pay any or all claims arising out of such termination of 
orders and subcontracts; (£) settle all outstanding liabilities 
and all claims arising out of such termination of orders and 
subcontracts, with the approval or ratification of the Con- 
tracting Officer, to the extent he may require, which approval 
or ratification shall be final for all the purposes of this 
clause; (6) transfer title and deliver to the Government, in 
the manner, at the times, and to the extent, if any, directed 
by the Contracting Officer, (i) the fabricated or unfabricated 
parts, work in process, completed work, supplies, and other 
material produced as a part of, or acquired in connection with 
the performance of, the work terminated by the Notice of Termina- 
tion, and (ii) the completed or partially completed plans, draw- 
ings, information, and other property which, if the contract had 
been completed, would have been required to be furnished to the 
Government; (7) use its best efforts to sell, in the manner, at 
the times, to the extent, and at the price or prices directed or 
authorized by the Contracting Officer, any property of the types 
referred to in provision (6) of this paragraph, PROVIDED, HOWEVER, 
That the Contractor (i) shall not be required to extend credit to 
any purchaser, and (ii) may acquire any such ^ ■ aperty under the 
conditions prescribed by and at a price or pi c.s approved by the 
Contracting Officer; and PROVIDED FURTHER That the proceeds of any 
such transfer or dispostion shall be applied in reduction of any 
payments to be made by the Government to the Contractor under this 
Contract or shall otherwise be credited to the price or cost of the 
work covered by this contract or paid in such other manner as the 
Contracting Officer may direct; (8) complete performance of such 
part of the work as shall not have been terminated by the Notice 
of Termination; and (9) take such action as may be necessary 
or as the Contracting Officer may direct, for the protection 
and preservation of the property related to this contract 
which is in the possession of the Contractor and in which 
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the Government has or may acquire any interest. At any time 
after expiration of the plant clearance period, as defined in 
Section VII, Armed Services Procurement Regulation, as it may 
be amended from time to time, the Contractor may submit to the 
Contracting Officer a list, certified as to quantity and quality, 
of any or all items of termination inventory not previously dis- 
posed of, exclusive of items the disposition of which has been 
directed or authorized by the Contracting Officer, and may re- 
quest the Government to remove such items or enter into a stor- 
age agreement covering them. Not later than fifteen (15) days 
thereafter, the Government will accept title to such items and 
remove them or enter into a storage agreement covering the same 
PROVIDED That the list submitted shall be subject to verifica- 
tion by the Contracting Officer upon removal of the items, or 
if the items are stored, within forty-five (U5) days from the 
date of submission of the list, and any necessary adjustment 
to correct the list as submitted shall be made prior to final 
settlement. 

(c) After receipt of a Notice of Termination, the Contractor 
shall submit to the Contracting Officer its termination claim, 
in the form and with the certification prescribed by the Con- 
tracting Officer. Such claim shall be submitted promptly but 
in no event later than two years from the effective date of 
termination, unless one or more extensions in writing are 
granted by the Contracting Officer, upon request of the Con- 
tractor made in writing within such two-year period or author- 
ized extension thereof. However, if the Contracting Officer 
determines that the facts justify such action, he may receive 
and act upon any such termination claim at any time after such 
two-year period or any extension thereof. Upon failure of the 
Contractor to submit its termination claim within the time 
allowed, the Contracting Officer may determine, on the basis 
of information available to him, the amount, if any, due to 
the Contractor by reason of the termination, and shall there- 
upon pay to the Contractor the amount so determined, 

(d) Subject to the provisions of paragraph 'c j , the Contractor 
and the Contracting Officer may agree upon the 'whole or any part 
of the amount or amounts to be paid to the Contractor by reason 
of the total or partial termination of work pursuant to this 
clause, which amount or amounts may include a reasonable allow- 
ance for profit on work done. The contract shall be amended 
accordingly, and the Contractor shall be paid the agreed amount. 
Nothing in paragraph (e) of this clause, prescribing the amount 
to be paid to the Contractor in the event of failure of the 
Contractor and the Contracting Officer to agree upon the whole 
amount to be paid to the Contractor by reason of the termination 
of work pursuant to this clause, shall be deemed to limit, re- 
strict, or otherwise determine or affect the amount or amounts 
which may be agreed upon to be paid to the Contractor pursuant 
to this paragraph (d). 
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(e) In the event of the failure of the Contractor and the 
Contracting Officer to agree as provided in paragraph (d) upon 
the whole amount to be paid to the Contractor by reason of the 
termination of contract work pursuant to this clause, the Con- 
tracting Officer shall determine, on the basis of information 
available to him, the amount, if any, due to the Contractor by 
reason of the termination and shall pay to the Contractor the 
amounts determined as follows; 



(1) For completed supplies accepted by the Government 
(or sold or acquired as provided in paragraph (b) 

(7) above) and not theretofore paid for, a sum equiv- 
alent to the aggregate price for such supplies com- 
puted in accordance with the price or prices specified 
in the contract, appropriately adjusted for any saving 
of freight or other charges ; 

(2) The total of — 

(i) The costs incurred in the performance of the con- 
tract work terminated, including initial costs and 
preparatory expense allocable thereto, but exclusive 
of any costs attributable to supplies paid or to be 
paid for under paragraph (e) (1) hereof ; 

(ii) The cost of settling and paying claims arising out 
of the termination of work under subcontracts or 
orders, as provided in paragraph (b) (5) above, 
which are properly chargeable to the terminated 
portion of the contract (exclusive of amounts 
paid or payable on account of supplies or mate- 
rials delivered or services furnished by sub- 
contractors or vendors prior to the effective 
date of the Notice of Termination, which amounts 
shall be included in the costs payable under 

(i) above; and 

(iii) An allowance for profit in keening with the pro- 
visions of the clause. "Price ‘-'.determination, " 
of the Schedule hereto. 

(3) The reasonable costs of settlement, including account- 
ing, legal, clerical, and other expenses reasonably 
necessary for the preparation of settlement claims 
and supporting data with respect to the terminated 
portion of the contract and for the termination and 
settlement of subcontracts thereunder, together with 
reasonable storage, transportation, and other costs 
incurred in connection with the protection or disposi- 
tion of property allocable to this contract. 
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The total sum to be paid to the Contractor under (1) 
and (2) of this paragraph (e) shall not exceed the total 
contract price as reduced by the amount of payments other- 
wise made and as further reduced by the contract price of 
work not terminated. Except for normal spoilage, and ex- 
cept to the extent that the Government shall have otherwise 
expressly assumed the risk of loss, there shall be excluded 
from the amounts payable to the Contractor as provided in 
paragraph (e) (1) and paragraph (e) (2) (i), the fair value, 
as determined by the Contracting Officer, of property which 
is destroyed, lost, stolen, or damaged so as to become un- 
deliverable to the Government, or to a buyer pursuant to 
paragraph (b) (7). 

(f) Determination of costs under paragraph (c) or (e) hereof 
shall be in accordance with generally accepted accounting practices 
and principles. 

(g) The Contractor shall have the right of appeal, under the 
clause of this contract entitled "Disputes," from any determination 
made by the Contracting Officer under paragraphs (c) and (e) above, 
except that if the Contractor has failed to submit its claim within 
the time provided in paragraph (c) above and has failed to request 
extension of such time, he shall have no such right of appeal. In 
any case where the Contracting Officer has made a determination of 
the amount due under paragraph (c) or (e) above, the Government 
shall pay to the Contractor the following: (i) if there is no 
right of appeal hereunder or if no timely appeal has been taken, 
the amount so determined by the Contracting Officer, or (ii) if 

an appeal has been taken, the amount finally determined on such 
appeal, 

(h) In arriving at the amount due the Contractor under this 
clause, there shall be deducted (1) all unliquidated advance or 
other unliquidated payments on account theretofore made to the 
Contractor, (2) any claim which the Government may have against 
the Contractor in connection with this contract, and (3) the 
agreed price for, or the proceeds of sale of •'.ny materials, 
supplies, or other things acquired by the Co. tractor or sold 
pursuant to the provisions of this clause, and not otherwise 
recovered by or credited to the Government. 

(i) If the termination hereunder be partial, prior to the 
settlement of the terminated portion of this contract, the Con- 
tractor may file with the Contracting Officer a request in writing 
for an equitable adjustment of the price or prices specified in 
the contract relating to the continued portion of the contract 
(the portion not terminated by the Notice of Termination), and 
such equitable adjustment as may be agreed upon shall be made in 
such price or prices. 
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(j) The Government may from time to time, under such terms 
and conditions as it may prescribe, make partial payments 
and payments on account against costs incurred by the Con- 
tractor in connection with the terminated portion of this con- 
tract whenever in the opinion of the Contracting Officer the 
aggregate of such payments shall be within the amount to which 
the Contractor will be entitled hereunder. If the total of such 
payments is in excess of the amount finally agreed or determined 
to be due under this clause, such excess shall be payable by the 
Contractor to the Government upon demand, together with interest 
computed at the rate of 6 % per annum, for the period from the date 
such excess payment is received by the Contractor to the date oh 
which such excess is repaid to the Government; PROVIDED, HOWEVER, 
That no interest shall be charged with respect to any such excess 
payment attributable to a reduction in the Contractor's claim by 
reason of retention or other dispostion of termination inventory 
until ten (10) days after the rate of such retention or disposition. 

(k) Unless otherwise provided for in this contract, or by applicabl 
statute, the Contractor, from the effective date of termination and 
for a period of six (6) years after final settlements under this 
contract, shall preserve and make available to the Government at 
all reason" le times at the office of the Contractor but without 
direct charge to the Government, all its books, records, documents, 
and other evidence bearing on the costs and expenses of the Con- 
tractor under this contract and relating to the work terminated 
hereunder, or, to the extent approved by the Contracting Officer 
photographs microphotographs, or other authentic reproductions 
thereof, 

26. EXAMINATION OF RECORDS 

The Contractor agrees that the Contracting Officer or any of 
his duly authorized representatives shall, until the expiration 
of three years after final payment under this contract, have 
access to and the right to examine any directly pertinent books, 
documents, papers and records of the Contractor involving, trans- 
actions related to this contract, including subcontracts hereunder, 

27. MILITARY SECURITY REQUIREMENTS 

(a) The nrovisions of this clause shall apply to the extent 
that this contract involved access to security information clas- 
sified "Top Secret," "Secret," or "Confidential," 

(b) The Government shall notify the Contractor of the security 
classification of this contract and the elements thereof, and of 
any subsequent revisions in such security classification. 
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(c) To the extent the Government has indicated as of the date 
of this contract, or thereafter indicates, security classifica- 
tion under this contract as provided in paragraph (b) above, the 
Contractor shall safeguard all classified elements of this con- 
tract and shall provide and maintain a system of security controls 
within its own organization in accordance with the requirements of 
(i) the Department of Defense Industrial Security Manual for Safe- 
guarding Classified Security Information as in effect on date of 
this contract, which Manual is hereby incorporated by reference 
and made a part of this contract, (ii) any amendments to said 
Manual required by the demands of national security as deter- 
mined by the Government and made after the date of this contract, 
notice of which has been furnished to the Contractor by the Con- 
tracting Officer, and (iii) those provisions of written agreements 
entered into by the parties pertaining to the adaptation of the 
Manual to the Contractor's business. 

(d) Designated representatives of the Government responsible for 
inspection pertaining to industrial security shall have the right 
to inspect at reasonable intervals the procedures, methods, and 
facilities utilized by the Contractor in complying with the require- 
ments of the terms and conditions of this clause. Should the Govern- 
ment, through its authorized representative, determine that the con- 
tractor has not complied with such requirements, the Gov./rnmcnt shall 
inform the Contractor in writing of the proper actions to be taken 

in order to effect compliance with such requirements , 

(e) If, subsequent to the date of this contract, the security 
classifications or requirements under this contract are changed by 
the Government as provided in this clause and the security costs 
under this contract are thereby increased or decreased, the con- 
tract price shall be. subject to an equitable adjustment by reason 
of such increased or decreased costs. Any equitable adjustment 
shall be accomplished in the same manner as if such changes were 
directed under the clause in this contract entitled "Changes." 

(f) The Contractor agrees to insert, in all subcontracts hereunder 
which involve access to classified security i formation, provisions 
which shall conform substantially to the language of this clause, 
including this paragraph (f) but excluding the last sentence of 
paragraph (e) of this clause. 

(g) The Contractor also agrees that it shall determine that any 
subcontractor proposed by it for the furnishing of supplies and 
services which will involve access to classified security informa- 
tion in the Contractor's custody has been granted an a ppropriate 
facility security clearance, which is still in effect, prior to 
being accorded access to such classified security information. 
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28. GC VERNMEN T - FT JRNI S HED PROPERTY 


(a) The Government shall deliver to the Contractor, for use 
in connection with and under the terms of this contract, the 
property which the schedule, appendix, or the specifications 
state the Government will furnish (hereinafter referred to as 
"Government -Furnished property"). The delivery or performance 
dates for the supplies or services to be furnished by the Con- 
tractor under this contract are based upon the expectation that 
Government- Furnished property of a type suitable for use mil be 
delivered to the Contractor at the times stated in the schedule 
or if not so stated in sufficient time to enable the Contractor 
to meet such delivery or performance dates. In the event that 
Government -Furnishe d property is not delivered to the Contractor 
by such time or times, the Contracting Officer shall, if requested 
by the Contractor, make a determination of the delay occasioned 
the Contractor thereby, and shall grant to the Contractor a rea- 
sonable extension of time in respect of such delivery or per- 
formance dates. The Government shall not be liable to the Con- 
tractor for damages or loss of profit by r Jason of any delay in 
delivery of or failure to deliver any or all of the Government- 
Furnished property, except that in case of such delay or failure, 
upon the written request of the Contractor, an equitable adjustment 
shall be made in the delivery or performance daaes, or price, or 
both, or in any other contractual provision affected thereby, in 
accordance with the procedures provided for in the clause of the 
contract entitled "Changes." 

(b) By notice in writing the Contracting Officer may decrease 
the property furnished or to be furnished by the Government under 
this contract. In any such case, upon the written request of the 
Contractor, an equitable adjustment shall be made in the delivery 
or performance dates, or price, or both, and in any other contract- 
ual provision affected by such decrease, in accordance with the 
procedures provided for in the clause of this contract entitled 
"Changes." 

(c) Title to the Government-Furnished props-. shall remain in 
the Government. Title to Government-Furnished property shall 
not be affected by the incorporation or attachment thereof to 
any property not owned by the Government, nor shall such Govern- 
ment Furnished property, or any part thereof, be or become a fix- 
ure or lose its identity as personalty by reason of affixation to 
any realty. 

(d) The Government-Furnished property shall, unless otherwise 
provided herein, be used only for the performance of this contract. 
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(e) The Contractor shall maintain and administer, in accordance 
with sound industrial practice, a program for the maintenance, 
repair, protection and preservation of Government-Furnished 
property, until disposed of by the Contractor in accordance 
with this clause. In the event that damaged or defective 
Government -Furnished property is delivered to the Contractor, 

or any other damage occurs to Government-Furnished property, the 
risk of which has been assumed by the Government under this con- 
tract, the Government shall replace such items or the Contractor 
shall make such repair of the property as the Government directs ; 
PROVIDED, HOWEVER, That if the Contractor cannot effect such re- 
pair within the time required, the Contractor may reject such 
property. The contract price includes no compensation to the 
Contractor for the performance or any repair or replacement for 
which the Government is responsible, and an equitable adjustment 
will be made in the contract price for any such repair or re- 
placement of Government-Furnished property made at the direction 
of the Government. Any repair or replacement for which the Con- 
tractor is responsible under the provisions of this contract shall 
be accomplished by the Contractor at its own expense. 

(f) (i) Except for loss, destruction or damage resulting from a 
failure of the Contractor due to willful misconduct or lack of 
good faith of any of the Contractor's managerial personnel as 
defined herein, to maintain a nd administer the program for the 
maintenance, repair, protection and preservation of the Govern- 
ment-Furnished property, as required by paragraph (e) hereof, 
and except as specifically provided in this contract, the Con- 
tractor shall not be liable for loss or destruction of or damage 
to the Government-Furnished property (a) caused by any peril while 
the property is in transit off the Contractor's premises, or (B) 
caused by any of the following perils while the property is on 
the Contractor's or subcontractor's premises, or on any other 
premises where such property may properly be located, or by 
removal therefrom because of any of the following perils: 

(I) Fire; lightning; windstorm; -c.'.one; tornado; 
hail; explosion; riot, riot attending a otrike, civil 
commotion; vandalism and malicious mischief; sabotage; 
aircraft or object falling therefrom; vehicles running 
on land or tracks, excluding vehicles owned or operated 
by the Contractor or any agent or employee of the Con- 
tractor; smoke; sprinkler leakage; earthquake or volcanic 
eruption; flood, meaning thereby rising of a body of water; 
hostile or warlike action, including action in hindering, 
combating, or defending against an actual, impending or 
expected attack by any government or sovereign power (de 
jure or de facto), or by any authority using military, 
naval, or air forces, or by an agent of any such govern- 
ment, power, authority, or forces; or 
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(II) Other peril, of a type not listed above, if 
such other peril is customarily covered by insurance. 

(or by a reserve for self-insurance) in accordance with 
the normal practice of the Contractor, or the prevailing 
practice in the industry in which the Contractor is en- 
gaged with respect to similar property in the same general 
locale. 

The perils as set forth in (A) and (B) above are hereinafter called 
"excepted perils." 

The term "Contractor's managerial personnel" as used herein 
means the Contractor's directors, officers and any of its managers, 
superintendents, or other equivalent representaives who have super- 
vision or direction of (I) all or substantially all of the Contractor' 
business; (II) all or substantially all of the Contractor's operation 
at any one plant or separate location at which the contract is being 
performed; (ill) a separate and complete major industrial operation 
in connection with the performance of this contract. 


(ii) The Contractor represents that it is not including in 
the price hereunder, and agrees that it will not hereafter in- 
clude in any price to the Government, any charge or reserve for 
insurance (including self-insurance funds or reserves covering 
loss or destruction of or damage to the Government-Furnished 
property caused by any excepted peril). 

(iii) upon the happening of loss or destruction of or 
damage to any Government-Furnished property caused by an ex- 
cepted peril, the Contractor shall notify the Contracting Officer 
thereof, and shall communicate with the Loss and Salvage Organiza- 
tion, if any, now or hereafter designated by the Contracting Officer, 
and with the assistance of the Loss and Salvage Organization so de- 
signated (unless the Contracting Officer has directed that no such 
organization be employed) , shall take all reasonable steps to pro- 
tect the Government-Furnished property from further damage, separ- 
ate the damaged and undamaged Government-Furr : shed property in the 
best possible order, and furnish to the Con- v. ting Officer a state- 
ment of: (A) the lost, destroyed and damaged Government-Furnished 
property, (B) the time and origin of the loss, destruction or 
damage, (C) all known interests in commingled property of which 

the Government-Furnished property is a part, and (D) the insurance, 
if any, covering any part of or interest in such commingled property. 
The Contractor shall be reimbursed for the expenditures made by it 
in performing its obligations under this sub-paragraph (iii) (in- 
cluding charges made to the Contractor by the Loss and Salvage 
Organization, except any of such charges the payment of which the 
Government has, at its option, assumed directly), to the extent 
approved by the Contracting Officer and set forth in a Supple- 
mental Agreement. 
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(iv) With the approval of the Contracting Officer after 
loss or destruction of or damage to Government-Furnished prop- 
erty, and subject to such conditions and limitations as may be 
imposed by the Contracting Officer, the Contractor may, in order 
to minimize the- loss to the Government or in order to permit re- 
sumption of business or the like, sell for the account of the 
Government any item of Government-Furnished property which has 
been damaged beyond practicable repair, or which is so commingled 
or combined with property of others, including the Contractor, 
that senaration is impracticable. 

(v) Except to the extent of any loss or destruction of or 
damage to Government-Furnished property for which the Contractor 
is relieved of liability under the foregoing provisions of this 
clause, and except for reasonable wear and tear or depreciation, 
or the utilization of the Government-Furnished property in accord- 
ance with the provisions of this contract, the Government-Furnished 
property (other than property permitted to be sold) shall be re- 
turned to the Government in as good condition as when received by 
the Contractor in connection with this contract, or as repaired 
under paragraph (e) above. 

(vi) In the event the Contractor is reimbursed or compen- 
sated for any loss or destruction of or damage to the Government- 
Furnished property, caused by an excepted peril, it shall equita' / 
reimburse the Government. The Contractor shall do nothing to pre- 
judice the Government's rights to recover against third parties 
for any such loss, destruction or damage and, upon the request 

of the Contracting Officer, shall at the Government's expense, 
furnish to the Government all reasonable assistance and cooper- 
ation (including the prosecution of suit and the execution of 
instruments of assignment in favor of the Government) in obtain- 
ing recovery. 

(g) The Contracting Officer or his duly authorized representative 
shall at all reasonable times have access to the premises wherein 
any Government -Furnished property is locatec 

(h) Upon the completion of this contract, or at such earlier 
dates as may be fixed by the Contracting Officer, the Contractor 
shall submit, in a form acceptable to the Contracting Officer, 
inventory schedules covering all items of Government-Furnished 
property not consumed in the performance of this contract (in- 
cluding any resulting scrap), or not theretofore delivered to 
the Government, and shall deliver or make such other disposal 

of such Govt rnment-Furnished property, as may be directed or 
authorized by the Contracting Officer, Recoverable scrap from 
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Government-Furnished property shall be reported in accordance 
with a procedure and in such form as the Contracting Officer 
may direct. The net proceeds of any such disposal shall be 
credited to the contract price or shall be paid in such other 
manner as the Contracting Officer may direct. 

(i) Directions of the Contracting Officer and communications of 
the Contractor issued pursuant to this clause shall be in writing. 

29. EMPLOYMENT OF ALIENS 

If this contract calls for furnishing or constructing aircraft, 
aircraft parts, or aeronautical accessories, no aliens employed by 
the Contractor shall be permitted to have access to the plans or 
specifications, or the work under construction, or to participate 
in the contract trials, without the written consent beforehand of 
the Secretary or his duly authorized representative. 

30. UTILIZATION OF SMALL BUSINESS CONCERNS 

(a) It is the policy of the Government as declared by the Congress 
to bring about the greatest utilization of small business concerns 
which is consistent with efficient production. 

(b) The Contractor agrees to accomplish the maximum amount of sub- 
contracting to small business concerns that the Contractor finds 'o 
be consistent with the efficient performance of this contract. 

31. ALTERATIONS IN CONTRACT 

The following alterations were made in this contract prior to 
signature thereof by the parties to this contract: 
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